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Message Text 


CONFIDENTIAL 

PAGE 01 MOSCOW 01711 070757Z 
12 

ACTION SY-04 

INFO OCT-01 EUR- 1 2 ISO-OO FBO-02 A-01 /020 W 

064202 

R 070727Z FEB 75 
FM AMEMBASSY MOSCOW 
TO SECSTATE WASHDC 6977 

CONFIDENTIAL MOSCOW 1711 

STATE FOR A/SY/FO: NSU; FBO; EUR/EX 

E.O. 11652GDS 
TAGS: ASEC, OGEN 

SUBJ: SECURE SPACE RENOVATION - SEABEE OPERATIONS 
REF: STATE 026102 

1. 7TH FLOOR PORTION OF PHASE I EXPECTED TO BE COMPLETED END 
OF FEB. 8TH FLOOR COMPLETION ESTIMATE MID TO LATE APRIL. 

PHASE II IS EXPECTED TO BE COMPLETED BY LATE APRIL (PROVIDED IT 
COMMENCES EARLY MARCH). ESTIMATE THAT PHASE III WILL BE COMPLETED 
(NOT INCLUDING ERECTION OF SHIELDED ENCLOSURE) BY EARLY JUNE. 

PHASE III CANNOT COMMENCE UNTIL PHASE II COMPLETED. 

2. MATERIALS FOR PHASE II AND III HAVE BEEN ORDERED WITH A 
DELIVERY DATE OF MARCH 1 GIVEN. SUPPLIERS IN HELSINKI ADVISED 
THEY COULD MEET THAT DEADLINE. EQUIPMENT FROM STATES (PRIMARILY 
AIR CONDITIONERS) HAS ALSO BEEN ORDERED FOR DELIVERY MARCH 1. 
MATLOCK 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 07 FEB 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: RowellEO 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975MOSCOW01711 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: GS 

Errors: N/A 

Film Number: D750045-0285 
From: MOSCOW 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750263/aaaaceef.tel 

Line Count: 44 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: CONFIDENTIAL 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: CONFIDENTIAL 
Previous Handling Restrictions: n/a 
Reference: 75 STATE 026102 
Review Action: RELEASED, APPROVED 
Review Authority: RowellEO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 12 MAY 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <12 MAY 2003 by ElyME>; APPROVED <29 SEP 2003 by RowellE0> 

Review Markings: 
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EO Systematic Review 
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Review Media Identifier: 
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Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 
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